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1 . THIS MESSAGE FOR | 

2 . SUBJECT! TASK CHANGE RECORD NO. 3 

3 . IS ACCORDANCE WITH THE AGREBHENT REACHED BETWEEN THE CUSTOMER AND 

THIS CONTRACTOR DURING THE TECHNICAL MEETING HELD ON 24 MARCH 1959» 

IN WORK OR PLANE® 


LLEGIB THE ADDED TASKS LISTED BELOW ARE 


FOR THE IMM3>IATI FUTURE. THIS INFORMATION IS IN AGREEMENT WITH THE 

Iat THE REFERWCSD MEETING. 


2^X1 A ml A GIVEN TO YOU' BY 


25X1 A 


25X1 A 


ELECTRONIC MODEL PflQfififrli 

(1) MODELS TMT8 (16 Feb. - 6 March, Completed) 

ftigineerlag Direct Labor 
Bigineering Direct Charge* 

Factory Direct Labor 
Manufacturing Direct Charges 
Material 

Subtotal 

(2) (a) MODELS MODIFICATIONS (7 March - 20 March, Coffiplete4) 

Engineering Direct Labor 
Factory Direct Labor 

Materials 

TotaL Modification 


(b) 


MODELS TESTS (13 March - 6 April, In Work) 


25X1 A 

25X1 A 


Engineering Direct Labor 
Engineering Direct Charge* 
Factory Direct Labor 
Manufacturing Direct Charge* 
Total Teat* 

Sub to to 1 


-1 


li 
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{\) (a) MOD JSLfi MODIFICATIONS (? April •* 20 April, Planned) 


Engineering Direct Labor 
Factory Direct Labor 
Materials 

Total Modification 


Thi« estimate ia baaed on approximately 60 % 
of (2) (a) above. 

(b) MODELS TESTS (21 April - 15 May, Planned) 


Engineer inf Direct Labor 
Engineering Direct Charge* 
Factory Direct Labor 
Manufacturing Direct Charge# 
Total Teats 


This estimate ia based on the same level of 

effort being expended as outlined in (2) (b) 25X1 A 

above. This period is for one week longer. 


25X1 A 


Subtotal 


TOTAL TCP 


4. AS RECOGNIZED BY THE AGREEMENT REFERENCED ABOVE, THIS WORK REPfiMBWTS 
INCREASE) TASK OVER THAT ORIGIShLLY CALLED FOR* THEREFORE, CONTRACTOR 
SUBMITS TUB FOLLOWING SUMMARY OF CHANGES TO THE CONTRACT WITH THE 


25X1A 


CUSTOMER i 


Estimated Cost £§s TbUA ESl&I 

BASIC TaSK 

7CH NO. I (Elgin* Duct) 

T OR NO. 2 (Initial Elect. 

Model Tests A Modification*) 

TCH NO. j(&e*cxi'b#<i HArerih, 

END uF KKSAG-. 


25X1 A 


25X1 A 


25X1 A 
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